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1. General; 




a* Soace for the I&S Office ini 


b. 


23 April 1953) No Change, 
Qiiarters for Ccanmo Personnel on 


(Continued Item - 


25X1 A6a 
25X1 A6a 


. (Continued I tan - 

;3 April 1953)"^No Change, Rirther action on this matter re- 
gulres top level clarification of policy between this Agency 


and 

c. Preparation of Agency Regulations ;- Continued progressi 
Pro.jects and Studies in Proces s; 
a. Construction & Utilities; 


(S’ 


(1 ) Pro j ect 



(Commo);- Progress of constaruction 

continuing. Right-of-way for power line is no 
longer required inasmuch as imderground systan 
has now been determined the most feasible method 
of obtaining power for the station. 


^ flProjecI 

>. 23 April 1953 ) No Change, 


I :-( Continued 


Seven contractors formulating bids on build- 
ing construction contract. 

Plans and specifications nearing completion 
for antennas and nower cable contract. 


25X1 C4a 


25X1A2g 


25X1A2g 

FOIAbSbl 


(c) Project pending signature of DCI, 
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Securify Informstion 


Other Iteina of Interest; None, 
A, Special Froblftma: 


a. Approval of Pro.jects by PRC :- (Continued Itras) Mo Change - 
1^3 April 1953. 

b. Personnel 


25X1 A2g On Duty - 18 \diich incli^s 2 Project Managers on IDY, 

Project 

Actions in Process - 4 Civil Engineers; 1 Realty Officer; 

and 1 Clerk-Stenographer. 


Major Objectives ; 


Starting Date Iferget Date 


Establish Accountability i^stem 
for Agency Real Property 

Current 

Depends upon 
release for 
issuance of 
regulations by 
Agency Regulation 
Staff. 

Prepare RBSbC portion of CIA 
Regulation of Part 45, 

Current 

15 June 1953 

Recruitment of Personnel. 

Current 

1 July 1953 

Establish Training Program 
for RE£G Personnel. 

Current 



25X1 A2g 


e. Supervise Planning and Con- 
struction of: 


f» Establish procedures for 
obtaining support ft'om other 
(Joverranent Agencies, 



Current 

Cinrrent 

Current 

Ciurrent 


Current 


g. Establish field Inspection 

Program for Agency Real Property. 1 Nov, 1953 1 Dec, 1953 





